Green Line Transformation 


Construction Project Updates 


Week in Review and Lookahead 
Friday, November 11, 2022 


Please join the Green Line Transformation team 
next Tuesday, November 15, at the Allston-Brighton 
Transportation and Mobility Expo, where we will be 
discussing future upgrades to the Green Line in the 
Allston-Brighton area 


Join GLT at the Allston Brighton 
Transportation & Mobility Expo 


November 15, 2022 / 5:30 - 8:00 PM EST 


at Jackson Mann Community Center 5 
500 Cambridge St, Allston, MA i 


Yh 


v This Week | Crews completed asphalt removal and paving at St. Paul Street 


¢ Lookahead | Crews will put the finishing touches on the upgraded areas, including painting 
crosswalks at Carlton Street, Hawes Street, and St. Paul Street. Additional striping and traffic loop 
cutting is planned for next weekend, November 19 — 20 


*Schedule subject to change with weather conditions and in 


accordance with public health directives Page 1 of 7 


Project percentages represent the value of the installed work 


Capital Transformation 
Massachusetts Bay Transportation Authority (MBTA) 


